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ACTION SSM-05 

INFO OCT-01 NEA-10 ISO-00 10-11 OC-05 CCO-00 PM-04 NSC-05 

SP-02 SS-15 CIAE-00 INR-07 NSAE-00 DODE-00 /065 W 

012109 

P 260625Z FEB 76 

FM USMISSION SINAI 

TO SECSTATE WASHDC PRIORITY 063 

UNCLAS SINAI 108 

FOR SSM STILES/PENDLETON 

E.O. 11652: N/A 
TAGS: PFOR, IS, EG 

SUBJECT: SSM-21; DEVELOPMENT PD ENDING 1400 25 FEB 76 

1 . PERMANENT BASE CAMP— -EXPANDED SITE AREA BEING STAKED 

FOR GRADING AND ROAD IS BEING SURVEYED AND STAKED FOR GRADING. 
REQUEST FOR BOUNDARIES WILL BE MET BY (1) AZIMUTH OF N/S 
BOUNDRIES TO BETTER THAN ONE HALF DEGREE; (2) PLAT OF LAYOUT 
SHOWING FOUR CORNERS, DISTANCES ALONG EACH SIDE, LOCATION OF 
ENTRANCE, GENERAL LOCATION RELATIVE TO NEARBY GULLYS, CANYONS 
AND THE PAVED ROAD; AND (3) LOCATION ON THE PLAT OF PLANNED 
COM/OPS BLDG AND ANTENNA TOWER LOCATIONS. POSITION OF ONE OF 
THE CORNERS OF THE SITE ALSO WILL BE LOCATED IN GEODETIC COORD- 
INATES. LAYOUT WILL BE PART OF PACKAGE BEING PUT TOGETHER FOR 
SCRLIT. 

2. TEMPORARY BASE CAMP— TWO 12 X 24 FT BLDGS WERE ERECTED; 

ONE TO STORE KITCHEN SUPPLIES, THE OTHER TO STORE MAINTENENCE 
SUPPLIES. THE ROOF OF THE MESS HALL IS BEING FIXED WITH PROPER 
PANELS. ELECTRICAL POWER DISTRIBUTION SYSTEM WIRED AND THE CABLES 
ARE INSTALLED. REMAINING WORK IS TO BACK FILL SOME DITCHES 

AND DRESS CABLES INTO MESS HALL SWITCH. ALL SHOWERS AND 
LAVATORIES INSTALLED AND 50 PERCENT OF COMMODES INSTALLED AND 
FUNCTIONING. THREE STRAND BARBED WIRE FENCE BEING INSTALLED 
IN FRON AND SIDES OF CAMP. TELEPHONE HAS BEEN INSTALLED IN 
UN CHECKPOINT BTUOWM 
UNCLASSIFIED 
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3. SENSOR FIELDS AFTER AN INSPECTION BY WALRRIANDY ENSOR 

TECHNICIAN AGREEMENT WAS REACHED THAT THE MITLA EAST BOOBY 
TRAP HAD BEEN IN PLACE CONSIDERABLY BEFORE THE SENSORS WERE 
EMPLACED. SFM PERSONNEL MET POLISH EOD TEAM AND WENT TO MITLA 
EAST TO NEUTRALIZE THE BOOBY TRAP. THE UN EOD TEAM DETONATED 
THE BOOBY TRAP. MEMO WITH DETAILS TO FOLLOW. 

4. PERSONNEL ESY 65 

ZACHRY 59 
ITG 25 
USG 26 
TOTAL 175 

5. MISCELLANEOUS— -ESY PRESENTED CERTIFICATE OF SERVICE TO 

ACO FOR APPROVAL. THE CERTIFICATE SHOWS DATE EACH ESY EMPLOYEE'S 
STARTED, BUT DOES NOT DIFFRENTIATE BETWEEN CONUS AND 
OCONUS WORK. IN SOME CASES INDIVIDUALS ARE BEING CHARGED TO 
THE CONTRACT A WEEK PRIOR TO DEPARTING CONUS. PLEASE ADVISE 
IF THESE INDIVIDUALS WILL BE PAID THE SAME FOR TIME IN CONUS 
AS THEY RECEIVE FOR TIME IN CDAAX. DO THE FIXED RATES IN 
THE CONTRACT APPLY IN BOTH CASES? SHOULD SICK DAYS BE REPORTED? 
REQUEST SECURITY CLEARANCE FOR CRAIG BE SENT TO SFM. 

CHRIY MC 
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